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. PURPOSE (General statement of what work or tasks are to be accomplished. ) 


Conduct operational suitability test (OST) of: 
Be ELINT Receiver le 
ELINI Receiver d. 


Navigation System 25x11 A 
exfiltration system 25X14 


2. DESCRIPTION OF WORK OR SERVICES REQUIRED (Outline firm tasks, showing contractors and contract price under each 
task. A task is "firm" when the scope of work is known, when a contractor has been selected, and when the price is 
known within 10%.) 


Contracts for field services and factory suppo ‘oLLows: | 
$6,000 (for Receiver ) 25X1A 
$0,000 (for Receiver) 
$6,000 (for avigation System) . 
Lockheed Aircraft Corp- $7,000 (field services only) 
e. Reimburse USAF for 200 hours P2V7 flying time - $55,000 


25X1A b. 


. EXPECTED ADDITIONAL OR RELATED WORK .OR SERVICES (Outline in this section expected task¢ which are not definite 
enough to qualify as "firm" in Section 2 above. ) 


NONE 


4, TOTAL ESTIMATED COST (Include statement on availability of fondu ). 
Ebi have Not been zprocbionkd, P 

Place OfF YE yitt YE71 CA tg og De 
$80,000 FY-60 funds. 3)/, Widbility fF Filtre 


5. DELIVERY SCHEDULE OR PERIOD OF PERFORMANCE 


bud We should 
wy, re (he & 


2 


95X1A 


1 August 1959 ~ 31 October 1959 | 


6. REMARKS (Include any statements that clarify exact nature of approvel requested. ) 


REF. Program Approval DPD-2537-59, 15 April 1959 | 
a Program Approval DPD~2739~59, 28 april 1959 | 
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